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New railroad construction scheduled to be undertaken in North Kerea during 
1950 includes the following: 


a. Hyeseniin (128-10. 41-24) to Poohonbo (128-18, 41-30), South Hamgyong 
4 * 4 - 
Province, aocut 28 kilometers, mown as the Packtu-san (9 35 +7) 
(White Mountain) project. This Jine is intended to develop Inmber 


veoources in the Woite Mountain are2 jit : 


be Nemechonjom (126-2), 38-20) to Haeju (225-2, 38-02), chiefly for 
military parposes « 


ce Kowon (127-1, 39-26) Coal Mine to 2 point intermediate petween Songhae 
(126-58, 39-26) and’ Inhung (127-00, 39-26} railread stations, 30 
Idbiometers, known as the Kowon Standard Gauge Project. This ia intended 
to develop the Kowon mixes. 


25X1A 


2,  K line from Chorwon (127-12, 38=1,) to Namchonjom , 2 distance of about 
80 kilometers, was planned in 199. It is to pass near Sibyen=ni. (12642, 
38-18) and Anhyop (126-5), 38-20). Surveys and drawings were made by the 
Transportation Department of the North Korean Governrent and by the 
Diamond Mountain Hlectrie Railway to equip the line with electricity. This 
is regarded as an important line, from both the political and military 
viewpoint, in that 1+ extends existing connections vetween Chorwon and 
Changdo=ri (123-08, 39-2). The most difficult part of the wrk is expected 
so be the builling of a bridge across the upper Imjir. f , 73) River. Ar 
the end of April 1950, construction materials such as cement, gravel, rails, 
and ties, were being sent hurriedly to the line, aad materials for ‘building 
barracks for laborers wore arriving there. The construction was scheduled to be 
o5X41A completed as quickly as possible through the use ‘of conscripted labor. 

HE 303, In 1949 authorities announced that a line wae to be built between Chongjin 
(129-49, 41-46) and Namam (129-41, 41-42), but no action was taken until 
March 1950 when a joint team of Soviets and members of the Transportation 
Department began to inspect the area. Actual construotion work begar on 
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1 April, from both ends of the line, with a labor force which had 
been mobilized locally under government order.** 
25X1A 
HMM 1. the track planned between Hongui (150-30, 42-25) end the border, towards 
Vladivostck, a distance of about six kilometers, was to have had its 
foundation completed by the end of D ecember 1949. There was a controversy 
over the division of responsibility between North Korea and the USSR; 
this was finally settled by making North Korea responsible for building 
the railroad only to the border and the USSR responsible for building the 
bridge across the Tumen River.*** 
25X1A 
5, Construction work waa delayed in early spring 1950 by the coldness of the 
season, but acceleration of the work was planned as soon as the weather 
permitted. Looal residents are to be mobilized to agsist in the conatruction 
work, Although the work was scheduled to be completed by the end of 
April, it was apparent in early April that the earlies’, date at which 
4t could be finished would be the end of June 1950. 


25X1A% BE costo nt. For similar development of railroads within 


lumbering areas, seo MM 95x1A 


MEME comment, For discussion of a projected line from Chongjin 
to Najin, see aaa I5X1A 


25X1A oy 


25X1A x« [I Commont, The Hongui-Vladivostek line was previously discussed 
25X1A 
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